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Message Text 

UNCLASSIFIED 

PAGE 01 ZAGREB 00773 29I54IZ 
ACTION FBOE-00 

INFO OCT-OI EUR-I2 ISO-00 A-01 /0I4W 

100035 29I707Z/43 

R29I253Z AUG77 
FM AMCONSUL ZAGREB 
TO USIA WASHDC 
SECSTATE WASHDC 4692 
INFO AMEMBASSY BELGRADE 

UNCLAS ZABREB 773 

USIAC 

USIA FOR lOA/SS-BORK 
STATE FOR FBO-STANGE 

REF: STATE I78532-U 

1. TRANSLATION INTERPUBLIC ANSWER TO REFTEL QUESTIONS: 

PARTI 

A-IO FOR 2 WC AS FOLLOWS: 

A- 10: 4 SQ. M AT 95 ND EQUALS 380 ND 
D-I: PROCURE AND INSTALL FLOOR TILE 
4 SQ.M. AT 420 ND EQUALS 1,680 ND 

B-2 WALL 12 CM THICK; 62.45 SQ. M. 

B-1 WALL 4 SQ.M. 

B-4 QUANTITY 1.33 CUBIC M. 

B-7, B-8, E-3, E-6 AND A-8: ALL IN ORDER 

E-4 INCLUDES: SINGLE DOOR (2 PCS); DOUBLE DOOR (2 PCS). 

UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 ZAGREB 00773 291541Z 


H-1 DATA FOR CENTRAL HEATING RECEIVED FROM YOU. DON'T KNOW 
IF 52.2 SQ. M. ADEQUATE FOR 11 RADIATORS. FINAL BILLING 
WILL BE ACCORDING TO WORK DONE. 

PART II 
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A-5 IF ONE LINTEL THEN 2 SUPPORTS. LESS 2 X 850 EQUALS 1.700 ND. 

B-1 ONE COMPLETE SET. 

B-2 FOR ONE LINTEL: LESS 7.5 SQ. M. OR 1,500 ND. 

C-1 INCLUDES 2 A/C, ONE VENTILATOR. LESS 1,900 ND. 

F- 13 30 A BREAKER. ADDED 2,500 ND. 

DOOR 1, DRAWING 1: PRICE REMAINS SAME 

TELEPHONE: CABLE REPAIR NOT INCLUDED BECAUSE NOT BUILT-IN 

WORK. COST 5,000 - 7.000 ND. 

TESTING ELECTRICAL INSTALLATION INCLUDED. 

(REPLY PARAGRAPH 6 REFTEL:) 

C-5 C-5: MISCELLANEOUS REPAIR DAMAGED DOORS 
C-8: RELOCATE DOOR ACCORDING TO PLANS 
CHANGES IN ORIGINAL INTERPUBLIC BID: 

BID 6/2/77 801,782.05 ND 

ADD: CENTRAL HEATING 66,238.00 
A-10 (4 SQ.M.) 380.00 
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D-1 (4 SQ. M.) 1,680.00 

30 A BREAKER 2,500.00 

872,580.05 

LESS: A-5 1,700.00 

B-2, 7.5 SQ.M. 1,500.00 
C-1 1,900.00 

NEW TOTAL 867,480.05 ND 

PLUS EVENTUAL EXPENSES FOR TELEPHINE. 

END TRANSLATION. 

2. WILL AIR POUCH COPY OF ORIGINAL REPLY AND TRANSLATION. 

ZEHNER 


UNCLASSIFIED 


Margaret P. Grafeid Deciassified/Reieased US Department of State EO Systematic Review 22 May 2009 



Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 22 May 2009 

NNN 


Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 22 May 2009 



Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 22 May 2009 


Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 -Jan-1 994 12:00:00 am 

Channei indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Sent Date: 29-Aug-1977 12:00:00 am 
Decaption Date: 01 -Jan-1 960 12:00:00 am 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 -Jan-1 960 12:00:00 am 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1977ZAGREB00773 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Expiration: 

Film Number: D770311-1175 

Format: TEL 
From: ZAGREB 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1977/newtext/t1 977081 0/aaaaainw.tel 

Line Count: 109 
Litigation Code IDs: 

Litigation Codes: 

Litigation History: 

Locator: TEXT ON-LINE, ON MICROFILM 

Message ID: 90ab8c4e-c288-dd1 1-92da-001cc4696bcc 

Office: ACTION FBOE 

Original Classification: UNCLASSIFIED 

Original Handling Restrictions: n/a 

Original Previous Classification: n/a 

Original Previous Handling Restrictions: n/a 

Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: 77 STATE 178532 
Retention: 0 

Review Action: RELEASED, APPROVED 
Review Content Flags: 

Review Date: 09-Dec-2004 12:00:00 am 
Review Event: 

Review Exemptions: n/a 
Review Media Identifier: 

Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 

SAS ID: 1398636 

Secure: OPEN 

Status: NATIVE 

Subject: n/a 

TAGS: AINF 

To: FBO USIA MULTIPLE 
Type: TE 

vdkvgwkey: odbc://SAS/SAS.dbo.SAS_Docs/90ab8c4e-c288-dd1 1 -92da-001 cc4696bcc 
Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
22 May 2009 

Markings: Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 22 May 2009 


Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 22 May 2009 



